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2 JUN 1882 


REAL ESTATE AND CONSTRUCTION DIVISION 


GCO3 Chilled Water Outage - The chilled water outage scheduled 
for 30 May 1982 for the GC03 Computer Center occurred as planned 
with the exception of the duration which was longer than planned 
by two hours, ending at 1800 hours. It was indicated by ODP 
representatives that the two-hour delay did not cause any operational 
impact. 
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